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BILL NO. S-84-ll-i 


SPECIAL ORDINANCE NO. 

AN ORDINANCE approving Change Order 
No. 1, Lafayette Corridor Improve¬ 
ments, Res. #5992-83, with Lawn & 
Turf Landscaping, in connection 
with the Board of Public Works and 
Safety. 




NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1, Res. #5992-83, 

Lafayette Corridor Improvements, with Lawn & Turf Landscaping, 

in connection with the Board of Public Works and Safety, for: 

Change Order No. 1, Res. #5992-83, 

Lafayette Corridor Improvements is 
necessary because of: 1. Subsurface 
cqnditions far beyond reasonable ex¬ 
pectations were encountered during ex¬ 
cavation of tree pits which required 
more costly removal methods than 
covered by the contract; 2. Ad¬ 
ditional sawcutting required due to 
unforseen narrow park strip; 3, 4 &5 
Locations not approved of some trees. 

Deleted trees are reflected on Change 
Order; 

involving a net decrease of Four Thousand Thirty-Seven and 40/100 
Dollars ($4,037.40), all as more particularly set forth in the 
specifications, and which is on file with the Office of the Board 
of Public Works and Safety, and is by reference incorporated here¬ 
in, made a part hereof and is hereby in all things ratified, con¬ 
firmed and approved. 


SECTION 2. That this Ordinance shall be in full force 










Read the^ 
seconded by_ 


^.rst time in full and on motion by 
and duly/adopted 


y. 

, read th#' s 


> 

_ second time 

by title and referred to the Committee ^ <£-l_ cl. _(anSK^he City 

Plan Commission for recommendation) and Public Hearing to be held apter 
due legal notice, at the Council Chambers, City-County Building, Fort Wayne 

Indiana, on_ , the_day of 

V , 19 , at ._ 




jO ' c^bck_.M. ,E .S 


SANDRA E. KENNE: 


Read the thij^a tipie in full and on motion by^ 


CITY CLERK 


seconded by 

passage. PASSED 
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AYES 

TOTAL VOTES 

t 

BRADBURY 


BURNS 


ElSBART 


GiaQUINTA 

HENRY 

o 



REDD 


SCHMIDT 

STIER 


TALARICO 



(L©#^ by the following vote: 

NAYS ABSTAINED 


_, and duly adopted, placed on its 


DATE: 


// i-y-i 


✓ 


V 




_ 


SANDRA E. KENNEDY, CITY CLERK 

Passed and adopted by the Common Council of the City of Fort 

Wayne, Indiana, as ( ANNEXAT - ION) - (AP P RQ P R TATTQN")~ - -fSENERA^i) 

(SPECIAL) (Z ONI - NCk MAP) ORDINANCE (RE&QirtJT^XONO NO. 
on the _ O? 7-^^ _day of__, 19 ^ ^ , 


GENERAL) 

,. .XV/w 


ATTEST: 


(SEAL) 


SANDRA E. KENNEDY, CITY CLERl 






PRESIDING OFFICER 


at the hour of 


Presented by me to the Mayor of the City of Fort Wayne, Indiana, 

oP d ay Qf _, 19 

//' 3 * o 'clock /?■ 


_.M. ,E.S.T. 

_ 


19 ?*{ 


SANDRA E. KENNEDY, CITY CL 
Approved and signed by me this day of 

, at the hour of __o'clock_ /b .M. ,E . S .T. 


_o-' clock 




WIN MOSES, JR., MAYOR 














































































CHANGE 0?.C=?. 


I’r.ce Order No - 
roject No. 
erne of Project 



Resolution No. 
Board Order No-_ 
Date 


5992^83 


9/20/84 


o: Lawn & Turf Landscaping - 

(Contractor) 


1984'SEP 25 PH 2- 59 

i • vd 


entle.-nsn: PORT WAYNE. WOANA 46802 

ou are hereby requested to comply v/ith the following changes from the contract plans and 
pacifications: 


o. 

Ouantitv 

Description of Change 

Unit Price 

Change in Cd 

ntract Price 

Material 

Decrease 

Increase 

L. 

Lump Sum 

Additional Air Hammering of Brick 






in Tree Pit • 

$100.00 


$100.00 

? 

66 Sa Ft 


-jJe 


**rr&7*M 

- * 

3. ✓ 

4 eacr 11 

Whiteash hybrid 3V 1 

.rn-po. 

$1200.00 



9 each 

Linden hybrid 3%"“” 

300.00 . 

2700.00 


3 V 

1 each 

Callery Pear hybrid 3h" -- 

310.00 

310.00 



























iotal Decrease 

$4210.00 


iotal Increase 

Net (Decrease) (Increase) Contract Price 

. 





b- sum of S- 3 r - rJ T 75 j/,£>3'7. */o is ftq reb Y (deducted from) the total contract 

rice, and the final contract price shall be adjusted as follows; 


Orioinal Contract Price 

Current Contract Price Adjusted by .Previous Change Order 
New Contract Price Including this Change Order 


S 44,277.75 




•V. time p-ov-'ded for completion in the contract for this project is (unchanged) (Xsxffieaase 
^XJSXXXXH bv 0 calendar days due to this Change Order. ihe date for completion 

iTTllwork shall bs saroe _• Furthermore, this docurant shall bee 

—n-m°nt to the contract and all provisions of the contract shall apply hereto. 



Date 9/20/84 _ 

Date 

Date /2> - -3/ ~ T 
Dats /^yg/- 


Date /^3/4(/ 





































































Chance Order Mo- __ 

Resolution/ i;o - . 

Board Order No. - 


REQUcS i AND JUSTIr ICAl TOM tGR CHANGE 


Necessity for changer 1. Subsurface conditions far beyond reasonable expectations were 
encountered during excavation of tree pits which required more costly removal methods 

than covered by the contract. 


-2.- Additional sawcutting required due to un'forseen narrow park strip 


3,4 & 5. Locations not approved for locations of some trees. Deleted 


trees are reflected on change order. 


Will proposed change alter size of the project? Yj 
I f yes, explain: _____ 


Affect on operation and maintenance cost 


this project: 




It'S fan OC4i^i-eV 


Engineer 













































S-84-11-06 


BILL NO. 

REPORT OF THE COMMITTEE ON FINANCE _‘ 

WE, YOUR COMMITTEE ON FINANCE _TO WHOM WAS REFERRED AN 

ORDINANCE approving Change Order No. 1, Lafayette Corridor improvements. 
Res. #5992-83,- with Lawn & turf Landscaping, in connection with the 
Board of Public Works and Safety 


HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND,BEG LEAVE TO REPORT 
BACK TO THE COMMON COUNCIL THAT SAID ORDINANCE 0 


MARK E. GiaOUTNTA. CHAIRMAN 

JAMES S. STIER, VICE CHAIRMAN 





























u?x3K 


.TITLE OF ORDINANCE Change Order #1 for Res. #5992-83. Lafayette Coyridor Improvements 


DEPARTMENT REQUESTING ORDINANCE Board of Public Works g Safety ■ 

SYNOPSIS OF ORDINANCE Change Order #1, Res. #5992-85, Lafayette Corridor Improvements 
is necessary because of 1. Subsurface conditions far beyond reasonable ex- 


pectations were encountered during excavation of tree pits which required 

more costly removal methods than covered by the contract. 

2. Additional sawcutting required due to unforseen narrow park strip. 

■3, 4 5 5 Locations not approved of some trees. Deleted trees are reflected 
on change order. 


CONTRACTOR LAM $ TURF LANDSCAPING 


EFFECT OF PASSAGE 


EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Decrease $4,037.40 


ASSIGNED TO COMMITTEE 






























